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OVERVIEW: 


In  November,  1988,  the  voters  of  San  Francisco  passed  a 
$109,500,000  bond  issue  to  finance  the  design  and 
construction  of  new  Main  Public  Library  at  Marshall  Square 
in  Civic  Center  and  to  renovate  the  branch  libraries 
throughout  the  City. 

The  design  of  the  Main  Library  will  be  done  by  a  consulting 
architectural  firm  to  be  selected  by  the  City  from 
respondents  to  an  internationally  distributed  R.F.P. 

The  branch  library  renovations  will  be  developed  by  city 
forces  under  the  direction  of  the  Bureau  of  Architecture. 
There  are  27  branch  libraries,  21  of  which  occupy  city- 
owned  facilities;  the  remainder  occupy  leased  facilities 
which  are  outside  the  scope  of  this  project. 

The  branch  renovations  will  be  prioritized  in  the  following 
order,  highest  priority  listed  first: 


1.  Public  safety:     abatement  of  seismic  and 
asbestos  hazards. 

2.  Disabled  access:     create  accessible  facilities 
and  restrooms. 

3.  Maintenance    and  Functional  needs,  including 
mechanical  and  electrical  upgrading  and  deferred 
maintenance  items. 

4.  Expansion  of  overcrowded  facilities. 


The  current  allocation  for  branch  renovations  is  $5  million, 
based  on  a  scope  of  work  established  by  a  quick  overview  of  the 
branches  (except  for  the  seismic  budget  figures  which  were  based 
on  a  separate  study),  with  little  input  from  Library  staff. 
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GOAL: 


The  goal  of  this  preliminary  programming  effort  is  to 
identify  the  current  and  future  needs  of  the  library  system 
as  perceived  from  the  viewpoint  of  the  Library  operations 
and  maintenance  staffs,  create  preliminary  design  responses 
to  those  needs  and  estimate  the  cost  of  the  resulting  scope 
of  work.     The  budget  requirement  can  then  be  compared  to 
current  allocation  from  the  Library  Bond  to  establish 
funding  shortfalls  and  initiate  a  prioritization  and/or 
fundraising  process. 

As  the  programming  proceeds  the  scope  of  work  currently 
projected  under  the  initial  bond  sale  can  be  refined  and 
scheduled  with  greater  accuracy. 


The  methodology  used  for  this  document  consisted  of 
interviews  with  the  maintenance  staff  followed  by  an 
interview  with  the  operational  staff.  Functional 
deficiencies  and  priorities  were  identified  within  each 
area  of  responsibility  and  charted  on  a  matrix,  attached  as 
Appendix  A. 

Existing  construction  documents  were  located,  reproduced 
and  distributed  to  the  Mechanical  and  Electrical 
Engineering  sections  of  the  Bureau  of  Engineering,  as  well 
as  the  Bureau  of  Architecture.     Unfortunately,  drawings  for 


✓    two  branches,  Richmond  and  Noe  Valley,  are  unavailable. 
The  search  for  documents  will  continue,  but  as-built 
drawings  may  have  to  be  created. 

Visits  to  each  branch  would  have  been  desirable,  but  time 
and  manpower  limitations  restricted  site  visits  to  three  by 
the  BOA  and  three  others  by  BOE  Mechanical. 

Figures  for  seismic  renovation  have  been  derived  by 
Franklin  Lew  from  an  engineering  report  written  by  E.G. 

Hirsch  &  Co.,  Structural  Engineers,  with  30%  added  for 
associated  architectural  work;     figures  for  asbestos 
abatement  have  also  been  provided  by  Mr.  Lew,  based  on 
walk-throughs  performed  by  the  Department  of  Public  Health, 
and  have  also  had  30%  added  for  architectural  work. 


The  results  of  the  programming  phase  to  date  indicate  a 
total  of  14  million  in  current  dollars  required  for  a 
system  wide  complete  renovation  and  upgrade,  9  million  more 
than  currently  allocated.     After  taking  projected  inflation 
into  account,  the  required  figure  is  17.4  million. 


METHODOLOGY : 


FINDINGS: 
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The  factors  leading  to  the  increase  in  required  funding  are 
as  follows: 

1.  Unanticipated  expansion  needs. 

2.  Costs  for  architectural  aspects  of  the  seismic 
upgrade  and  asbestos  abatement  projects. 

3.  Newly  identified  asbestos  concerns  at  Parkside 
and  Excelsior  Branches  (0.6  million) 

4.  Inflationary  factors. 

5.  Unanticipated  maintenance  and  functional 
requirements  such  as  the  necessity  of  replacing 
nearly  all  the  roofs  on  the  branches,  replacement 
of  light  fixture  and  mechanical  upgrade  costs. 

If  no  additional  funding  is  available,  seismic  renovation 
and  asbestos  abatement  could  be  accomplished,  but  little 
money,  if  any,  would  remain  for  accessibility  issues  or 
other  maintenance  or  functional  needs  of  the  branches. 

RECOMMENDATIONS : 

A.  Review  with  Library  staff  to  identify  any  branches 
whose  continued  operation  may  not  be  desirable  in 
light  of  total  project  costs. 

B.  Compare  costs  of  demolition  and  reconstruction  with 
renovation  costs. 

C.  Conduct  a  complete  condition  assessment  of  all  the 
branches,  including  an  engineering  analysis  of  the 
twelve  branches  for  which  no  seismic  survey  has  been 
performed. 

D.  Solicit  the  services  of  an  asbestos  consultant  to 
identify  and  quantify  the  extent  of  asbestos  and  to 
estimate  the  abatement  costs. 

ASSUMPTIONS/QUALIFICATIONS : 

Inflation  has  been  assumed  at  6%  per  annum  over  the  5  year 
life    of  the  Bond  Project. 

No  drawings  are  currently  available  for  Richmond  or  Golden 
Gate  branches.     Therefore,  no  new  scopes  of  work  or 
estimates  have  been  prepared. 
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Due  to  time  limitations,  there  has  been  no  opportunity  to 
review  the  proposed  scopes  of  work  with  the  Library  staff. 
Thus,  this  must  be  considered  a  preliminary  program 
documents . 
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1.  Maintenance  and  Functional  Needs  includes  painting,  mechanical  systems,  roofing,  electrical,  plastering  and 
carpentry  work  associated  with  Maintaining  a  serviceable  library  branch  facility. 

2.  Estimated  Project  Cost  Total  Includes  design,  construction,  contingency  and 
construction  management. 

3.  Asbestos  costs  at  Excelsior  and  Parkside  branches  reflect  costs  of  new  beating 
system  required  by  asbestos  presence. 

4.  Plans  not  currently  available  for  these  branches. 


Estimates  are  based  on  complete  projects;  phasing  of  work  on  an  individual  branch 
would  increase  cost  by  up  to  20%. 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  ANZA 
BRANCH  NO.  17 
DATE  CONSTRUCTED  1932 
SEISMIC  RANK  N/A 
RENOVATION  RANK  B4 
PRO J.  CONST.  DATE  1993 


BUDGET  INFORMATION; 


(ALL  FIGURES  X  1000) 


BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1993 


PRE-BOND 
BUDGET 
EST.  6/88 


104 


13 


120 


167 


4/3/89 
BUDGET 
EST. 


235 


452 


165 


857 


1149 


%  INC- 
REASE 

OR 
DECREASE 


335 


66 


1169  614 


588 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,  CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 

NEW  ELEVATOR 
NEW  ELECTRICAL  SERVICE 
RENOVATE  RESTROOM 
RAMP  TO  LOWER  LEVEL 
NEW  ENTRY  DOOR 
REMOVE  ASBESTOS 


MAINTENANCE  &  FUNCTIONAL: 

NEW  MEETING  ROOM  ADDITION 
REPLACE  ALL  STEEL  WINDOWS 

WITH  ALUMINUM 
SCREENS  IN  GUTTERS 
NEW  ROOFING 

UPGRADE  PLUMBING  SUPPLY  LINES 
NEW  POST  LIGHTS  AT  ENTRANCE 
NEW  KITCHEN 
EXTERIOR  LIGHTS 
SECURITY  SYSTEM 
NEW  INTERIOR  LIGHTING 
THERMOSTATIC  CONTROL 
COMPUTER  OUTLETS 


LIFE  SAFETY: 

EXIT/EMERGENCY  LIGHTS 
SMOKE  DETECTORS 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  BERNAL 

BRANCH  NO.  21 

DATE  CONSTRUCTED  1940 

SEISMIC  RANK  N/A 

RENOVATION  RANK  A9 

PROJ.   CONST.  DATE  1993 


BUDGET  INFORMATION;  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS 

 1993 

PRE-BOND 

BUDGET  0  0  32  5  0  37  52 

EST.  6/88 


4/3/89 
BUDGET 
EST. 


124 


267 


63 


461 


618 


%  INC- 
REASE 

OR 
DECREASE 


734 


40 


1146 


108J 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,   CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 

SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 

RAMP  TO  MAIN  LEVEL 
REPLACE  ENTRY  DOORS 
RENOVATE  RESTRCOM 

HANDRAIL  AT  FRONT  STEP 
REMOVE  ASBESTOS 


MAINTENANCE  &  FUNCTIONAL: 

REPLACE  ALL  WINDOWS 

REPLACE  ENTRY  DOORS 

ENLARGE  WORKSPACE,  UPSTAIRS 

EXTERIOR  LIGHTING 

UPGRADE  PLUMBING  SUPPLY  LINES 

COMPUTER  OUTLETS 

ELECTRICAL  OUTLETS 

REPLACE  FLOORING 


LIFE  SAFETY: 

EXIT/EMERGENCY  LIGHTS 
SMOKE  DETECTORS 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  CHINATOWN 

BRANCH  NO.  3 

DATE  CONSTRUCTED  1921 

SEISMIC  RANK  3 

RENOVATION  RANK  Al 

PROJ.  CONST.  DATE  1991 


BUDGET  INFORMATION:  (ALL  FIGURES  X  1000) 

BENEFIT     SEISMIC     ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 

CATEGORY  NEEDS  1991 

PRE -BOND 

BUDGET  274         248  39  40  0  601  745 

EST.  6/88 


4/3/89 

BUDGET  429         207  423  57  88  1204  1433 

EST. 


%  INC- 
REASE 

OR  56         -19  984  42  -  100  93 

DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,  CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 

RENOVATE  RESTROQMS 
NEW  ELECTRICAL  SERVICE 
SEISMIC  UPGRADE 
REMOVE  ASBESTOS 

LIFE  SAFETY: 

EXIT/ EMERGENCY  LIGHTS 
SMOKE  DETECTOR'S 


MAINTENANCE  &  FUNCTIONAL: 

ENLARGE  CHILDREN'S  AREA,  LOWER  LEVEL 
NEW  ADDITION  FOR  STAFF/WORKSPACE 
EXPAND  PUBLIC,  CHILDREN'S  READING 
NEW  ROOFING 
SECURITY  LIGHTING 
SECURITY  SYSTEM 
NEW  BOILER 

UPGRADE  PLUMBING  SUPPLY  LINES 

NEW  PARTITIONS,  DOORS   

REPLACE  TERRACOTTA  BALUSTRADE-ENTRY 
STAIR 

COMPUTER  OUTLETS 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  EUREKA  VALLEY 

BRANCH  NO.  2 

DATE  CONSTRUCTED  1962 

SEISMIC  RANK  3- 

RENOVATION  RANK  B2 

PRO J.  CONST.  DATE  1992 


BUDGET  INFORMATION :  (ALL  FIGURES  X  1000) 

BENEFIT     SEISMIC     ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 

CATEGORY  NEEDS 

 1992 

PRE-BOND 

BUDGET  112  50  185  5  0  352  461 

EST.  6/88 


4/3/89  186  70  491  7  54  808     .  1018 

BUDGET 

EST. 


%  INC- 
REASE 66  40  163  40  -  130  121 

OR 
DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,  CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 

RENOVATE  RESTROOM/PATH  OF  TRAVEL 

SEISMIC  UPGRADE 

REMOVE  ASBESTOS 

NEW  ENTRY  DOORS/CLOSERS 


MAINTENANCE  &  FUNCTIONAL: 

EXPANSION  AT  PATIO  -  WORKSPACE/MEETING 

ROOM/ STAFF 
SECURITY  FENCING  AT  PATIO 
COMPUTER  OUTLETS 
NEW  ELECTRICAL  OUTLETS 
SECURITY  LIGHTING 
UPGRADE  PLUMBING  SUPPLY  LINES 
NEW  ROOFING 


LIFE  SAFETY: 

EXIT/ EMERGENCY  LIGHTS 
SMOKE  DETECTORS 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  EXCELSIOR 

BRANCH  NO.  10 

DATE  CONSTRUCTED  1967 

SEISMIC  RANK  N/A 

RENOVATION  RANK  A6 

PROJ.   CONST.  DATE  1992 


BUDGET  INFORMATION :  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  i  qqo 


PRE -BOND 

BUDGET  0  0  62  3  8  73  99 

EST.  6/88 


4/3/89 

BUDGET  0  56  253  307  94  710  923 

EST. 


%  INC- 
REASE -  -  308  10,133  1075  873  832 

OR 
DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,   CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 

SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 

NEW  ENTRY  ADDITION 
NEW  ENTRY  DOORS 

HEATING/VENTILATION  REPLACEMENT  DUE 

TO  ASBESTOS  DUCTWORK 
REMOVE  ASBESTOS 
RENOVATE  RESTROOM 


MAINTENANCE  &  FUNCTIONAL: 

REPAIR  ROOFING 

SEALER  ON  BRICK  WALL  (ANTI-GRAFFITI) 
REPLACE  CARPETING  WITH  VINYL  TILE 
NEW  INTERIOR  LIGHTING 
COMPUTER  OUTLETS 


LIFE  SAFETY: 

EXIT/ EMERGENCY  LIGHTS 
SMOKE  DETECTORS 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  MARINA 

BRANCH  NO.  23 

DATE  CONSTRUCTED  1953 

SEISMIC  RANK  3+ 

RENOVATION  RANK  A8 

PROJ.   CONST.  DATE  1991 


BUDGET  INFORMATION;  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1ftft1 


PRE -BOND 

BUDGET  160  0         145  0  0  305  378 

EST.  6/88 


4/3/89 

BUDGET  234  35         861  8  101  1239  1474 


EST. 


%  INC- 
REASE 

OR  12  -         494  -  -  275  290 


DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,   CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 

SEISMIC,  ACCESSIBILITY  &  ASBESTOS 

SEISMIC  UPGRADE 

RENOVATE  EXISTING  RESTROOMS 

REMOVE  ASBESTOS 


MAINTENANCE  &  FUNCTIONAL: 

EXPAND  FOR  STAFF,  WORK  ROOM, 

CHILDREN'S  AREA 
EXPAND  READING  ROOM 
NEW  ROOFING 

NEW  INTERIOR  LIGHT  FIXTURES 
EXTERIOR  LIGHTS 
COMPUTER  OUTLETS 


LIFE  SAFETY: 

EXIT/  EMERGENCY  LIGHTS 
SMOKE  DETECTORS 

PANIC  HARDWARE  ON  SECONDARY  EXIT 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  MERGED 

BRANCH  NO.  25 

DATE  CONSTRUCTED  1957 

SEISMIC  RANK  3 

RENOVATION  RANK  A7 

PROJ.  CONST.  DATE  1990/91 


BUDGET  INFORMATION; 


(ALL  FIGURES  X  1000) 


BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL 
CATEGORY  NEEDS 


TOTAL 


PRE-BOND 
BUDGET 
EST.  6/88 


126 


36 


14 


181 


217 


4/3/89 
BUDGET 
EST. 


182 


36 


318 


97 


640 


736 


%  INC- 
REASE 

OR 
DECREASE 


44 


783 


40 


470 


253 


239 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,  CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 

SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 

SEISMIC  UPGRADE 
RENOVATE  TOILETS 
REPLACE  ENTRY  DOOR 
REMOVE  ASBESTOS 


LIFE  SAFETY: 

EXIT/ EMERGENCY  LIGHTS 
SMOKE  DETECTORS 


MAINTENANCE  &  FUNCTIONAL: 

EXPAND  CHILDREN'S  ROOM 

RELOCATE  LIBRARIAN'S  OFFICE 

REPLACE  LIGHT  FIXTURES 

PROVIDE  SECURITY  SYSTEM 

PROVIDE  BOOK  DROP 

RELOCATE  ELECTRICAL  PANEL 

NEW  EXTERIOR  LIGHTING 

NEW  SIGNAGE 

NEW  ROOFING 

REPLACE  FLOORING 

REPLACE  FURNACES 

PERFORM  TERMITE/DRY-ROT  REPAIRS 

COMPUTER  OUTLETS 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  MISSION 

BRANCH  NO.  1 

DATE  CONSTRUCTED  1916 

SEISMIC  RANK  3 

RENOVATION  RANK  A4 


PRO J.  CONST.  DATE  1991 


BUDGET  INFORMATION:  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS 


PRE-BOND 

BUDGET  224  270       45  20  11  570  707 

EST.  6/88 


4/3/89 

BUDGET  372  250       237  29  59  947  1127 

EST. 


%  INC- 
REASE 

OR  66  -8         426  45  436  66  60 

DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,  CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 

SCOPE  OF  WORK: 

SEISMIC,  ACCESSIBILITY  &  ASBESTOS 

SEISMIC  UPGRADE 

RAMP  FROM  CHILDREN'S  ROOM  TO  LOBBY 
ELEVATOR  TO  MAIN  LEVEL 
NEW  ELECTRICAL  SERVICE 
RENOVATE  3  TOILETS 
REMOVE  ASBESTOS 


MAINTENANCE  &  FUNCTIONAL: 

REWORK  HEATING  -  CONTROLS/ ZONING 

NEW  PARTITIONS/  DOORS 
UPGRADE  PLUMBING  SUPPLY  LINES 

COMPUTER  OUTLETS 
NEW  ROOFING 
SECURITY  SYSTEM 


LIFE  SAFETY: 

EXIT/EMERGENCY  LIGHTS 
SMOKE  DETECTORS 

NON-SLIP  TREATMENT  OF  MARBLE  STEPS 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  NOE  VALLEY 

BRANCH  NO.  7 
DATE  CONSTRUCTED  1916 
SEISMIC  RANK  3 
RENOVATION  RANK  N/A 
PRO J.   CONST.  DATE  1991 


BUDGET  INFORMATION:  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS 


PRE -BOND 

BUDGET  224  0  73  30  12  339  421 

EST.  6/88 


4/3/89 

BUDGET  372  207  175  43  92  889  1058 

EST. 


%  INC- 
REASE 

OR  66  -  139  43  666  162  151 

DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,   CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 

SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS:  MAINTENANCE  &  FUNCTIONAL: 

SECURITY  LIGHTING 

MISCELLANEOUS  REN OVATIONS /NEW  WALLS, 
DEMOLITION,  NEW  DOORS 
SECURITY  ALARM  SYSTEM 
COMPUTER  OUTLETS 

NEW  ROOFING,  RE- INSTALL  ROOF  TILE 
LIFE  SAFETY: 

EXIT /EMERGENCY  LIGHTS 
NON-SLIP  TREATMENT  FOR  MARBLE  STAIRS 
PANIC  HARDWARE  AT  EXTERIOR  GATES 
SMOKE  DETECTORS 


SEISMIC  UPGRADE 

REMOVE  ASBESTOS 

RENOVATE  TOILETS 

NEW  RAMP 

NEW  ELEVATOR 

NEW  ELECTRICAL  SERVICE 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  NORTH  BEACH 

BRANCH  NO.  26 
DATE  CONSTRUCTED  1957 
SEISMIC  RANK  3+ 
RENOVATION  RANK  N/A 
PRO J.  CONST.  DATE  1992 


BUDGET  INFORMATION:  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1992 


PRE-BOND 

BUDGET  150  0  0  5  13  168  220 

EST.  6/88 


4/3/89 

BUDGET  234  144  110  7  81  576  725 

EST. 


%  INC- 
REASE 

OR  56  -  -  40  415  242  229 

DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,  CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 

SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 


MAINTENANCE  &  FUNCTIONAL: 


SEISMIC  UPGRADE 

RENOVATE  MEN'S  AND  WOMEN'S  ROOMS-EXTERIOR 

AND  INTERIOR 
PROVIDE  HANDICAPPED  LIFT  -  MOVE  CONTROL 

COUNTER  AND  OFFICE  AREA 
REMOVE  ASBESTOS 


NEW  ROOFING,  REFURBISH  SKYLIGHTS 

REMODEL  WORK  ROOM 

REPLACE  FLOOR  TILE 

NEW  LIGHTING  FIXTURES  INTERIOR 

PROVIDE  COMPUTER  OUTLETS 

REPLACE  TWO  FURNACES 


LIFE  SAFETY: 

EXIT /EMERGENCY  LIGHTS 
SMOKE  DETECTORS 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  ORTEGA 

BRANCH  NO.  24 

DATE  CONSTRUCTED  1955 

SEISMIC  RANK  N/A 

RENOVATION  RANK  N/A 

PRO J.   CONST.  DATE  1993 


BUDGET  INFORMATION:  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1993 


PRE-BOND 

BUDGET  0  0  27  3  14  44  63 

EST.  6/88 


4/3/89 

BUDGET  -  34  127  6  97  264  361 

EST. 


%  INC- 
REASE 

OR  370  100  535  500  473 

DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,  CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 

SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 

REMOVE  ASBESTOS 
RENOVATE  RESTROOMS 


MAINTENANCE  &  FUNCTIONAL: 

NEW  INTERIOR  AND  EXTERIOR  LIGHTING 

COMPUTER  OUTLETS 

SECURITY  SYSTEM  RENOVATION 

SECURITY  SCREENS  ON  STAFF  AREA  WINDOWS 

BOOK  DROP 

REPLACE  GANG  OPERATED  WINDOWS 
PROVIDE  JANITORS  ROOM 
NEW  FLOORING 
NEW  ROOFING 

LIFE  SAFETY: 

EXIT /EMERGENCY  LIGHTS 
SMOKE  DETECTORS 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  PARK 
BRANCH  NO.  5 
DATE  CONSTRUCTED  1909 
SEISMIC  RANK  4 
RENOVATION  RANK  N/A 
PRO J.   CONST.  DATE  1990 


BUDGET  INFORMATION :  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1990 


PRE -BOND 

BUDGET  184  0  52  5  13  254  297 

EST.  6/88 


4/3/89 

BUDGET  300  143  225  7  61  733  821 

EST. 


%  INC- 
REASE 63  -  333  40  369  188  176 

OR 
DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,   CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS 

SEISMIC  UPGRADE 
NEW  ELEVATOR  TO  UPPER  FLOOR 
NEW  ELECTRICAL  SERVICE 
GRAB  BARS  AT  RESTROOM 
REMOVE  ASBESTOS 


MAINTENANCE  &  FUNCTIONAL: 

NEW  ROOFING 

SECURITY  GATES  -  LOCKABLE  (2) 
LOCKABLE  DOOR  AT  ATTIC  ACCESS 
NEW  LOCKS  ON  DOORS  AT  LOWER  LEVEL 
REPLACE  PLUMBING  SUPPLY  PIPING 
PROVIDE  COMPUTER  OUTLETS  . 


LIFE  SAFETY: 

EXIT /EMERGENCY  LIGHTS 
SMOKE  DETECTORS 
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S.F.  LIBRARY  6.0.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  PARKS  IDE 

BRANCH  NO.  19 

DATE  CONSTRUCTED  1951 

SEISMIC  RANK  N/A 

RENOVATION  RANK  Bl 

PROJ.  CONST.  DATE  1993 


BUDGET  INFORMATION;  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1993 


PRE -BOND 

BUDGET  0  0  24  0  11  35  50 

EST.  6/88 


4/3/89 

BUDGET  0  38  196  278  95  631  871 

EST. 


%  INC- 
REASE -  716  763  1702  1642 

OR 
DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,  CONSTRUCTION  MANAGEMENT ,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 

RENOVATE  RESTROOMS 
REPLACE  ENTRY  DOOR 
NEW  HEATING  DUCT  SYSTEM/SUSPENDED 

CEILING  DUE  TO  EXISTING  ASBESTOS. 
REMOVE  ASBESTOS 


MAINTENANCE  &  FUNCTIONAL: 

NEW  B00KDR0P /REMOVE  DISPLAY  CASES 

EXPAND  WORKSPACE 

NEW  ADDITION  -  MEETING  ROOM 

REPLACE  CORK  FLOORING 

COMPUTER  OUTLETS 

NEW  LOCKS /REKEYING 

SECURITY  LIGHTING 


LIFE  SAFETY: 

EXIT/EMERGENCY  LIGHTS 
SMOKE  DETECTORS 
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S.F.   LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  POTRERC 

BRANCH  NO.  22 

DATE  CONSTRUCTED  1951 

SEISMIC  RANK  N/A 

RENOVATION  RANK  A9 

PRC J.   CONST.  DATE  1993 


BUDGET  INFORMATION;  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1993 


PRE -BOND 

BUDGET         0  0  10  3  14  27  38 

EST.  6/88 


4/3/89 

BUDGET         0  242  191  5  59  497 

EST. 


%  INC- 
REASE 

OR  -  -  1810  66  321         1741  1653 

DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,    CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES . 


SCOPE  OF  WORK: 


SEISMIC,   ACCESSIBILITY  &  ASBESTOS: 

Renovate  existing  toilet 

Two  new  accessible  toilets 

New  elevator 

New  electrical  service 

Ramp 

Remove  asbestos 


MAINTENANCE  £  FUNCTIONAL : 
Additional  staff  space/kitchen 
Sun  screening 

Black  out  shades/meeting  room 
New  librarian  office/additional 
workspace 
*New  doors /hardware 
Mechanical  ventilation  of  toilet 
Upgrade  plumbing  supply  piping 
New  flooring  and  roofing 
Computer  outlets 
LIFE  SAFETY: 
Exit/Emergency  Lights 
Smoke  detectors 
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S.F.  LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  PRESIDIO 

BRANCH  NO.  6 

DATE  CONSTRUCTED  1921 

SEISMIC  RANK  4 

RENOVATION  RANK  N/A 

PRO J.   CONST.  DATE  1990 


BUDGET  INFORMATION:  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1990 


PRE -BOND 

BUDGET        262  0  39  40  0  341  399 

EST.  6/88 


4/3/89 

BUDGET        414  93  523  57  72  1156  1295 

EST. 


%  INC- 
REASE 

OR  58  -  1241  42  -  239  225 

DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,  CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 

SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 

Seismic  Upgrade 

Exterior  Handrails/Bollards 

New  Exterior  Doors 

Renovate  Toilets 

Interior  Ramp  -  Lower  Level 

Remove  Asbestos 


MAINTENANCE  &  FUNCTIONAL: 

HVAC  Upgrade  -  Controls,  Zoning 

Security  Lighting 

Upgrade  Plumbing  Supply  Piping 

Electrical  Upgrade/Replace  Panel, 

New  Outlets 

Renovate  Staff  Workplace 
Computer  Outlets 
New  Roofing 

Repair  of  Exterior  Terra  Cotta 

LIFE  safety: 
Exit/Emergency  Lights 
Smoke  Detectors 

Fire  Alarm  -  Visual  &  Auditory 
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S.F.    LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  SUNSET 

BRANCH  NO.  8 

DATE  CONSTRUCTED  1918 

SEISMIC  RANK  3 

RENOVATION  RANK  A3 

PRO J.    CONST.   DATE  1991 


BUDGET  INFORMATION 


(ALL  FIGURES  X  1000) 


BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1991 


PRE-BOND 
BUDGET         13  6 
EST.  6/88 


413 


59 


40 


654 


811 


4/3/89 
BUDGET 
EST. 


229 


270 


123 


57 


74 


753 


896 


%  INC- 
REASE 
OR 

DECREASE 


68 


-52 


108 


42 


1133 


15 


11 


NOTE:      ALL  FIGURES  INCLUDE  DESIGN,    CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 
Seismic  Upgrade 

Handicapped  Ramp  to  lower  level 
Elevator  to  upper  level 
New  electrical  service 
Renovate  toilets 
Remove  asbestos 


MAINTENANCE  &  FUNCTIONAL 
New  sewer  line 
Electrical  outlets 
Larger  workspace 
Larger  staff  room 
Computer  outlets 
New  roofing 
Security  system 


LIFE  SAFETY: 
Exit/Emergency  lights 
Smoke  Detectors 
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S.F.   LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  WADEN 

BRANCH  NO.  13 

DATE  CONSTRUCTED  1968 

SEISMIC  RANK  N/A 

RENOVATION  RANK  N/A 

PRO J.   CONST.  DATE  1993 


BUDGET  INFORMATION;  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1993 


PRE-BOND 

BUDGET         0  0  24  3  0  27  38 

EST.  6/88 


4/3/89 

BUDGET         0  60  490  5  41  596  799 

EST. 


%  INC- 
REASE 

OR  -  1942  66  -  2108  2003 

DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,   CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 


SEISMIC,  ACCESSIBILITY  &  ASBESTOS: 
New  toilets  main  level 
Replace  entry  doors 
Remove  asbestos 


MAINTENANCE  &  FUNCTIONAL: 
New  roofing 

Replace  carpeting  at  entry  with 

vinyl  tile 
Rolldown  security  screens  at  alcoves/ 

exits 

Security  cage  @  skylight 
Heating/Ventilation  upgrade 
Security  system 


LIFE  SAFETY: 
Exit/Emergency  lights 
Smoke  Detectors 
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S.F.   LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
DATE:  4/18/89 


BRANCH  NAME  WEST  PORTAL 

BRANCH  NO.  20 

DATE  CONSTRUCTED  1939 

SEISMIC  RANK  N/A 

RENOVATION  RANK  A5 

PRO J.   CONST.  DATE  1993 


BUDGET  INFORMATION;  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  1993 


PRE -BOND 

BUDGET         0  243  50  3  0  296  412 

EST.  6/88 


4/3/89 

BUDGET        0  236  257  5  114  612  820 

EST. 


%  INC- 
REASE 

OR  -  -2  414  66  -  106  99 

DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,   CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 


SCOPE  OF  WORK: 


SEISMIC,   ACCESSIBILITY  &  ASBESTOS: 

New  exterior  paving 

Replace  door 

New  elevator 

New  electrical  service 

Renovate  toilets 

Remove  asbestos 


MAINTENANCE  &  FUNCTIONAL: 
Install  security  alarm  system 
Expanded  workspace,  main  level 
New  partitions 
New  flooring 

New  small  meeting  room,   lower  level 

(in  present  bindery) 
New  bindery  (excavate  existing 

crawlspace) 
New  locks 
LIFE  SAFETY: 
Exit/Emergency  Lighting 
Smoke  Detectors 
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S.F.   LIBRARY  G.O.  BOND 
BRANCH  LIBRARY 
PROGRAMMING  SUMMARY  SHEET 
BATE:  4/18/89 


BRANCH  NAME  WESTERN  ADDITION 

BRANCH  NO.  27 

DATE  CONSTRUCTED  1956 

SEISMIC  RANK  N/A 

RENOVATION  RANK  83 

PRO J.   CONST.   DATE  1993 


BUDGET  INFORMATION:  (ALL  FIGURES  X  1000) 

BENEFIT  SEISMIC  ACCESS  FUNCTIONAL  ASBESTOS  ELECTRICAL  TOTAL  TOTAL 
CATEGORY  NEEDS  19  93 


PRE-BOND 

BUDGET         0  0  35  3  0  38  53 

EST.  6/88 


4/3/89 
BUDGET 

EST.  0  40  354  5  28  427  572 


%  INC- 
REASE 

OR  -  911  66  -  1023  979 

DECREASE 


NOTE:     ALL  FIGURES  INCLUDE  DESIGN,   CONSTRUCTION  MANAGEMENT,  AND 
CONTINGENCY  ALLOWANCES. 

SCOPE  OF  WORK: 


SEISMIC,   ACCESSIBILITY  &  ASBESTOS: 
New  entry  doors  /  closers 
Renovate  toilet 
Remove  asbestos 


MAINTENANCE  &  FUNCTIONAL: 
Replace  gang-operated  sash 
Relocate  staff  kitchen 
New  charge  counter 
New  meeting  room  addition 
New  roofing 
New  flooring 
Exterior  lighting 


LIFE  SAFETY: 
Exit/Emergency  Lights 
Smoke  Detectors 
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